25X1 A 

25X1 A 
25X1 A 


Approved For Release 2002/06/11 : CIA-RDP66B00728R000400020010-3 


Wo. 63-134 

Contract FI -5777 
Amendment Wo . 1 

19 November 1963 


Fairchild Space & Defense Systems 

A Division of Fairchild Camera & Instrument Corporation 
Syossett, New York 

Gentlemen: 

I. 


1. The Contractor has notified the Contracting Officer that it will 
exceed the funds presently allotted to Contract FI- 5777 . Accordingly the 
funds allott ed to this contract are hereby increased by the sum of 


2. As a result of the foregoing, Part XI, LIMI TATION OF GOV ERNMENT'S 
OBLIGATION' 1 , is hereby amended by deleting the figure I ~h n line 1 
thereof and substituting therefor the figure | 


II. 


Part XI, "GOVERNMENT FACILITIES" of the contract is hereby amended by 
the addition of the following sentence to the said Part XI: 

The Contractor is authorized to use, without cost, the Government 
Facilities under Air Force Contract AF 33 (600)-24973, as amended." 


III. 


1. The last sentence of subparagraph 5 . 1.1 of the Statement of Work, 
Exhibit A of the contract, is deleted in its entirety and the following 
substituted therefor: 

'Final acceptance to be by the Government at the F.O.B. point with the 
Contractor to be responsible for any damage to the equipment incurred 
from the time period of the preliminary acceptance at the Contractor's 
plant until the time of final acceptance at the F.O.B. point unless the 
Contractor shall establish that the damage was caused solely by forces, 
agencies, or personnel other than Contractor's personnel." 

2. The word final' in the first, second and fifth sentences of sub- 
paragraph 5* 1*2 of the Statement of Work, Exhibit A to the Contract, is 
deleted. 
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IV 
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All other teims, conditions and requirements of Contract No. FI-5777; 
as amended, remain unchanged. Please indicate your receipt and acceptance 
of this Amendment No. 1 to Contract No. FI-5777 hy executing the original 
and three copies hereof. Return the fully executed original and two copies 
to the undersigned and retain the remaining copy for your files. 

TH E UNITED STATES OF IMF, R TO A 

BY 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
FAIRC HII^CAMERA & INSTRUMENT CORPOR ATION 

STATINTL by 

TITLE General Manager 

DATE 2 6 November 1963 


- 2 - 

Approved For Release 2002/06/11 : CIA-RDP66B00728R000400020010-3 

1 F-rt L ■-.£ 0 Mtf! • ... .. .v.‘ :fi 



